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UBIJECT: Concurrence in Final Settlement of Task Order No. 3 to 
Contract No. with 


25X1A2d1 


1. This memorandum contains a recommendation submitted for 
approval of the Deputy Director (Plans). Such recommendation is 
eontained in Paragraph 6. 

eraph FOIAb3a 


2, Task Order No. 3 to Contract No. MEE with the 
subject contractor provides for studies and investigations for the 25X1D5 
purpose of determining the feasibility of 


aa ee a oe 
in connection with the PF 


Program. 


3. The final cost and property audit of the CPFF Task Order 
has been completed and the AF Auditor's Report #729 has been sub- 25X1Ala 
mitted to this office. Costs in the amount of have been 
audited and approved under the Task Order, subject to the contractor's 
gubmission of the following: 


ae Contractor's final release. 
b. Contractor's assignment of refunds, rebates and eredits. 
ec. Contractor's patent and royalties reports. 


25X1A1 aie Contractor's final invoice. 


4, AL work and services have been completed by the eontractor 
and accepted by the Government; a final overhead rate of 116.5% of 
Direct Labor Costs for Calendar Year 1960 has been approved for 
settlement of the Task Order; no Government~-furnished property was 
supplied for performance of the Task Order; and a list of property 
acquired in the performance of the Task Order has been compiled. 

5. Task Order No. 3 to Contract No. obligated 

The 25X1A2d1 
tween the amount obligated under the Task 
WENN is to be credited to Fiscal 
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difference © 
Order and the final price of 


-25X1A2d1 
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Year 1960 Funds. By concurrence to this memorandum the 
Comptroller signifies that the above adjustment in funds has been 
noted. 


6. Approval of final settlement of Task Order No. 3 as set 
forth herein is recommended, 25X1A9a 


Contracting Officer, DPD 

CONCURRENCES : 
25X1A9q _SNONES /2 Giger ke 0 
area DATE 
Comptroller, DPD 

SIGHEB 
25X1A9a CPi get. t G/ 
eee DATE 
Chief, Development Branch, DPD 

eyentel | fae ah 
25X1A9a_ pe Sper E/ 

DATE 

office of General Counsel 

Chaney, 

vloNER fae 
25X1A9a ore Vf Cpr € Cy 
Pe a reel DATE 
Col., USAF 
Acting Chief, DPD/DD/P 
The recommendation contained in 
Paragraph 6 is approved. 

SIGNER 
NTT eaanarpyseumneeraag-neaaSmRiannOAdn ahha nanan 
RICHARD M. BISSELL, JR. DATE 
Deputy Director (Plans) 
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